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RETURNS to the Order of The Honourable Houfe of Commons, on 
17th February 1809: — Viz. 

i* — Account of Expenditure in erecting a Pier in Dundrum Bay, in the county 
of Down ----- -- ___p, 3, 

2. — Copy of the Contrail for building the faid Pier - pp. 4 & 5. 

3 - — Letter from Thomas Rogers, Engineer, Contractor for Dundrum Pier j to the 
Earl of Annefley, explanatory of the Drawing accompanying it p. 6. 
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A-C COUNT of Expenditure in ereifting a Pier in Dundrum Bay, in 
the County of Down. 



Dundrum Pier, - - - - - to Thomas Rogers - - - ,D r . 



To Cafh paid fundry Workmen, from the 7th September 1 807 
to the 28th November 1807, P er Account Book, N° 1 
To D° per Account Book, N° 1, 2, & 3, continued 
To Cafh paid Sundries, per Account Book, N° 4 - 
To Cafh paid for Sundries furnifhed by Mr. Rogers 
To Nevin, Sayers & Co. per Bill - - “ £• 39 3 Si 

To Outftanding Debts (fuppofe) - - - 100 



To Thomas Rogers, Contractor, his Expences to the end of 
the year 1808, including fundry Surveys, and the Drawings, 
Eftimates, See. See. - - - - _ _ 

To Thomas M c Mahon, Foreman, his Time from the 1 ft Sep- 
tember 1807 t0 1 ft March 1809, being 78 Weeks, at 
401. per 

£• 

Valuation of Sundries, for Account of Dundrum Pier, 
by Thomas M'Mahon, on Hands, aizd February 1809 : 



2 Floats for the Work 
Tools and Materials - 
Houfe and fundry Buildings - 
Road and levelling the Yard 
Road for Runway up the Hill 
Timber on Hands - 

Sundry Stones on the Road for the Work, Carriage 
only - 



- £' 3°° 

- 400 

3 So 

20 

30 

40 



Metal Road Bill 
DeduCt 



- £■ 1 55 4 iof 
2 5 



130 4 iof- 



£■ 



Dublin, the 28th Feb. 1809. 



£. s. d. 
192 9 2 

1,276 19 9.4 

709 1 9 1 1 i 
735 9 Ah 



l 39 3 Sh 



300 ■ 
i 5 6 ■ 






1,300 4 io| 



2,209 iof 



Thomas Rogers, Engineer 

and Contractor for the Pier. 



Thomas Rogers. 
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PAPERS relating to DUN-DRUM PIER. 



Copy of CONTRACT for building a Pier in Dundrum Bay, in the 
County of Down ; dated the 3 ift day of Auguft 1 807. 

A RTICLES of Agreement made concluded and agreed upon -this thirtj'-firfl 
day of Auguft in the year of our Lord one thoufand eight hundred ana (even, 
Rptwfeh The Eight Honourable Richard Earl of Annefley of that part of the 
United Kingdom o°f Great Britain and Ireland called Ireland, of the-one part , And 
m, Grace William Henry Cavendilh Duke of Portland loe light Honourable 
Tohn Fofter Chancellor of His Majeffiy’s Exchequer m Ireland, The Right Honour- 
able 1 Laurence Ear! of Rofs, Sir Arthur Welleftey baronet, Sir George Fitzgerald 
HU baronet, John Barry efquire. The Honouraole Thomas Henry Fofter; and 
Charles Vereker efquires. Lords Commiffioners of the Treafury ,n Ireland, on behalf 
“ « King George the Third, His Heirs and oUthe other 

part- in manner and form following;- that is Jo fay. WHEREAS hath 
been found neceffary-and expedient to ereft a Pier m Dundrum Bay on me coaft of 
the cobnty of Down in Ireland, and a fum of feven thoufand (even hundred and 
feventy-one pounds fixteen (hillings having been granted in the laft Seffion of 
Parliament for thfe Ereftionand Completion of the fame, aid fum to be iflned and 
mid with the approbation of the Lord Lieutenant to fuch perfon or perfons as he 
Ml appoint, to be by him or them expended according to the d.reftions of he faid 
Tod Lieutenant; Therefore the faid Richard Earl of Annefley for lnmfelf, 
his Executors and Admimftrators, doth hereby covenant promile grant and agree 
to and with the faid Lords Commiffioners of the Treafury in Ireland, and their 
Succeffors Lords Commiffioners of the Treafury, on behalf of His Majefty, 
Heirs and Succeffors, in manner and form following, that is to fay, That he the faid 
Richard Earl of Aiindley, his Executors or Admimftrators, Ihall and will forthwith 
build and ereft or ode to be built and eroded a good fuffic.ent andpermanen 
Her at and upon the plhce before-mentioned M Dundrum Bay on the Coaft of .the 
County of Down aforefaid, and more particularly marked out and delineated in a 
Plan or Drawing containing a liew of Dundrum Bay and adjacent country, thewnig 
the (ituation of the propofed Pier hereunto annexed ; of the length, breadth, height 
and dimenfions, and according to the manner and form made andffet out in mnd by 
the Plan and Eftimat-e -thereof hereunto annexed, and feverally figned -by *«.&a 
Richard Earl of Annefley, and all of.the belt and moft durable materials ; “d foafl 
j rom nlete and finith 'the fame on or before the 'twenty-fifth day of Maich 
one tboofin! eight hundred and Ten; and the faid Richard Earl of Annefley for 
himfelf his Heirsf Executors and Adminiftrators,-doth hereby covenant, promiie and 
agreed and with the faid Lords C^miffipners of the Trealury in Matter 
focceflors Lords Commiffioners of the Treafury,, on. behalf of His MajeJty, His 
Heirs and Succeifors, well and SHhlJr to 'build and fteft the -faid Pier in AfcoMr 
aforefaid, and purfuant to fhe faid ahnexed Plan" and Eftimate, and to complete and 
finilh the fame P in 1 a mafterly and workmanlike maimer, on or before the faid twenty- 
fifth day of March one thoufand^hf htMfrei and ten, unavoidable cafnalties or 
accidents excepted, under the penalty of twelve- thoufand ..fevem hundred and 
feventy-one poun&s fixteen thillings.-to -be -had and recovered of the g°° ds * n 
chattels of-hirn -the faid Richard -Earl of Annefley, his Executors, Admimftrators or 

Affigns ; IN WITNESS whereof the parties aforefaid have hereunto fet then hands 
and Rffixed'their fbals the day and year firft before written. 



Sir.-,- d ftal.-d and delivered 7 
in the prefence of us, J 
James' Cf of ton, 
John EdieJir/ds. 



ANNESLEY. ( ) 
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..p A P K !! S relating to DUNDR'DM PIER 



ESTIMATE of a Pier for Dundrum Bay; Coaft of the County of-Downt 
By ’Thomas Rogers. 



roE Pier to extend feven hundred feet from the Shore, four hundred of which 
to be rn the Sea at low Water; -the 'depth for fome diftance within the Pier Head, 
will be from ten to eight feet at low water op a day bottom; there are no rocks 
■or fands to impede the paffage ; Veffels drawing more than ten feet water may 
run aground within the Pier and be in fafety. ’ 



■aS 9 Tons of fquare Timber for Piles, four hundred feet in the 
Sea from low water, to make an Artificial Foundation 
to the iurface of the Sea at low water, the bottom 
being a foft Clay, the outfide Piles muft form a Coffer 
Dam to keep in Ihe filling, at f 5. per ton 

Drawing Piles, Wor'kmanfhip, Machinery, &c. Sec. 

_3,SS2 B ru th wood Faggots, to cover the bottoms, to prevent the 
Stone filling from finking, three faggots to the fouare 
Yard, at 3 d . per faggot - - _ ' 1 

32 >59° Cubic Yards of Rubble Stone filling between the Piles, 
to form -the Artificial Foundation at is. 6 d. per 

1,000 Square Yards of Foundation on the Strand excavated 
above low water, at 6, d. per . 

lAl° Perch of Stone Work contained in -Body of Pier, the 
Center t-o be regularly built, and not filled with Rubble, 
as it would not anfwer in fuch a tempeftuous fitualion, 
at lor. per 

1,240 Perch of Stone Work contained in Parapet to .fend -off 
the Sea, at 141. per . 

Two Flights of Steps for Boats to land at - 



£■ to per-Cent. for Attendance, Incidents and Accidents, 
by the Storms during the Work - 



£■ r. d. 

i,44j _ 

500 _ 



10 6 



4S 

S23 15 — 

a-5 

3 ,S 3 y 

868 

20 



£■ 



7,065 

706 



5 ^ 



10 6 



7,771 16 



Treafury Chambers, 

Dublin, 7th March 1809. 

“Wythe above to be a true copy 
•fife original. 



Jift Auguft 1807. 



C. CAVENDISH. 
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PAPERS relating to DUNDEUM PIER. 



Copy of a LE 1 TEE from Thomas Rogers, Contractor for Dundrum Pier; 
to the Right Honourable the Earl of Anneiley, explanatory of the Drawing 
accompanying it. 

Dublin, the 28th February 1800 

My Lord, J 

Agreeable to your Lordihip’s directions, I herewith beg leave to lay before 
your Lord ill ip, a Plan of the prefent (late of the Pier building in Dundrum Bay 
which will be more explanatory than a written defcription alone, as the work can 
■be readily feen in its different (lages; and the much-talked of Breach made bv 
the late eaftcrly ftorms, can be valued agreeable to its confequence; nor would 
that injury have occurred but for my anxiety to prefs the bufinefs forward, by 
which the terminationof the work for the winter was retarded, and the badne’fsof 
the weather prevented a permanent conclulion. 

This Plan is the Weftern Face of the Pier, which is the fide the Veffels are to 
he at; from A to B is 160 feet complcated, with the parapet on it, the latter 
within 4 feet of its full height ; from B to C is 140 feet, making 300 in length — 
a confiderable; part of the foundation of this work D has been laid in a (Ironu 
■clay 'bottom, to fuch a depth below the level of low water, that by clearing away 
the clay from within the Pier at any future time, there may be from 16 to 18 feet 
■depth at Spring Tides within it at 80 feet from the Shore; and the Rock deferibed 
in the Drawing can be quarried, to give the fame depth clofe to the Shore, or a 
■Quay Wall might be built on tbofe Rocks clofe to the Shore, at which Veffels might 
•difeharge or load. ' 6 

The contents of the work now Handing is about 5,000 cubic vards, which on 
the moderate price of lot. per yard would amount to £.2,500, excluiive of 
finking the foundation. The Breach made at B did not contain more than about 
400 cubic yards; the work below half tide has not been difturbed. From C to 
E is about 240 feet of foundation laid in the lea, in the average depth of 5 feet 
and railed above the furface of low water; it is compofed of rude Rocks and fmall ' 
Stone, and contains about 1,500 cubic yards at 51. amounting to £.375. 

The value of the whole, work as it now (lands, on a moderate calculation in- 
cluding the finking of the foundation in the clay, would amount to £.3,10;, without 
taking into the account any allowance for damage,— this is £. SolTWlTthan the . 
(urn it has attually cod, as dated in the Account, excluiive of materials for the fur- 
ther execution -of the work. 

This very moderate - expence has been caufed by your Lordihip’s good nefs, in 
having given the Stone and certain liberty of your Lordihip’s eftate without 
■cha-ge, which alone was the caule of the Fftimate being fo fmall, for a work of 
inch magnitude, and in a fituation fo tempeftuous and unprotected. 

I have the honour to be. 

My Lord, 

Your Lord lb ip’s obedient and very 
humble Servant, 

Thomas Rogers, Engineer 

&nd Contractor for Dundrum Pier. 



Printed texts were supplied by the Cambridge University Library and digitised by the University of Southampton Library Digitisation Unit 




Printed texts were supplied by the Cambridge University Library and digitised by the University of Southampton Library Digitisation Unit 



Printed texts were supplied by the Cambridge University Library and digitised by the University of Southampton Library Digitisation Unit 





(Ireland.) 






PATERS 

Prefen ted to the Houfe of Commons, 

RELATING TO 

DUfcDRUM PIER. 



Ordered, by The Houle of Commons, -to be printed, 
22 d Mar-c'i 1809. 



90. 



Printed texts were supplied by the Cambridge University Library and digitised by the University of Southampton Library Digitisation Unit 



